!f>84                                    I'NIT  t'OXSTIUVTION   COSTS
Account 8305-   Cross and Header Flues Brickwork. This covers the cost of the tile, brick, mortar, lumber for scaffolds musou and carpenter labor incident to building tlu* cross and header Hues from the reverberatories to the boilers.    They are 11 ft. from the ground and S ft. by S ft. U in. in section.   The roof is a brick arch hold by buck stays.    There were red brick, fire brick and 4-in. bottom tile used in the construction.    (See Figs. SO, S3, 84 a,nd 85.)
Account 8305.1   Cross and Header Flues Unloading Brick,
This covers the unloading, checking quantities and preparing site for the brick used in the flues,
Account 8305.02   Cross and Header Flues   Centering.
This covers the cost of material and labor for making, installing and wrecking the arch center for the flues of S.'U)5.0I, Centers were made for about one-half the length and Ihni moved to the other half.
Account 8305.2   Cross and Header Flues   Painting Brick.
This covers the cost of painting thr outside of the flues with one coat of mineral red and linseed oil when the flues ww in service. The steel work of the buck stays was given at On* same time one coat of graphite
paint.
Account 8306   Flues, Boilers to Reverb, Flue   Excavation.
This work covers .small pier excavation in ri*d clay. It. was picked, shoveled into barrows and tnuinpttrtrd about la ft,
Account 8306.1   Flues, Boilers to Reverb, Flue    Foundation.
This foundation is sonu* small piers of plain concrete mixed by machine, I part cement to 0 parts sanil niid gravel, transported by wheelbarrows 125 ft. About 411 per rent, of tin* vertical surfaces was formed. Kvery pier has 2jJ-in. anchor bolt*,
Account 8306*2   Flues, Boilers to Reverb,. Flue            Structure.
See account 7HOS.2.
This covern HovunO-ft. (HatnHrr flut«s of J-in, strt«l with their supports. There were *I4,7H tons.
Account 8307   Boiler Building
This account rovers the digging of two long dt*i*p cuts for retaining walls. Two feet of flay w«*ret*nrount»*n*ij, followed by sauti andgnivol and binddiTH with nilirhi*. Tfit* ground was pitrtly Masted, all picked, shovt»lctl into wagons ami hauled it distance of 110(1 ft,
Account 8307.01 Waste                        Excavation*
Thin work was digging shallow trench**?* for Mnatl founiliitioiiH, through red clay and nitiidl botildefK, Thr ground wa-s pirkeci, shovelcnl and hauled (MM) ft.s. 81 and 82.)..........        181.05
